LEVEL 
CROSSING 
REMOVAL 


PROJECT 


Removing 50 dangerous 
and congested level 
crossings will transform 
the way people live, 
work and travel across 
metropolitan Melbourne 
and improve safety for 
drivers and pedestrians. 


CONTACT US 


Q levelcrossings.vic.gov.au 
© contact@levelcrossings.vic.gov.au 
@ 1800 762 667 


© Level Crossing Removal Authority 
GPO Box 4509 
Melbourne VIC 3001 


Follow us on social media 
@levelcrossings 
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Translation service 
For languages other than 
English, please call 9280 0780 


Please contact us if you would like this 
information in an accessible format. 
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FURLONG ROAD AND MAIN ROAD 


LEVEL CROSSING 
REMOVAL UPDATE 


ISSUE #9 DECEMBER 2016 


Main Road level 
crossing gone forever 


Main Road re-opened without boom gates on Monday 
28 November after three weeks of round-the-clock works. 


The Main Road level crossing was Victoria's most dangerous. It was 
also one of the most congested, with the boom gates down for more 
than an hour in the two-hour morning peak. 


With the level crossing now gone forever, finishing touches continue, 
with the project set to be complete in May 2017. This includes work 
on the new St Albans and Ginifer stations, surrounding pedestrian 
crossings, footpaths, kerbing, landscaping and car parks. 


St Albans and Ginifer stations - 
ongoing day and night works 


Intersection works continue on 
McKechnie Street, Willaton Street 
and St Albans Road, with some 
short-term lane closures. 


During December, a small night 
crew has been installing platform 
shelters, ramps, screens, canopy 
roofing, cladding and perforated 
panels on the new stations. 
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Image is an artist's impression only 


Project stats 


2188 tonnes of asphalt was laid 
at Main Road during November 
construction works blitz 


18,000m? of concrete was used to 

create the new rail corridor walls 

- that’s more than the area of the 
Melbourne Cricket Ground 


Over 1 million hours worked 
on the project to date 


Retail space at 
St Albans station 


Early steel works have commenced 
for the construction of five new 
retail spaces at St Albans Station. 
These spaces will offer convenient 
shops and services in the heart 

of the redeveloped transport hub, 
providing improved transport 
connections and a unique place 

for people to socialise or visit while 
they wait for their bus or train. 


Works on the new bus interchange 
will kick off next year. 


Ruth Street pedestrian bridge 


The new Ruth Street pedestrian 
bridge opened to the community on 
Tuesday 20 December. Works for the 
bridge commenced in September 
with major construction through 
October and November. The structure 
required 21 supporting piles to build. 
You'll see more work on the bridge 
next year as we Install screens 

and landscape the area. 


Works continue at Ginifer Station 


Car parking changes 
St Albans Station 


Car park construction works are currently effecting station parking on East Esplanade. 


145 spaces will open in 
the East Esplanade 
car park on January 31. 


St Albans Road car park will be 
closed for construction works 
in early February and will reopen 


in late March with 146 spaces. 


St Albans West Esplanade 
Station 


The 89 spaces currently open 
in the East Esplanade car park 
will close on February 1 

to allow for reconstruction 
and improvement works. 


Ginifer Station 


Car park construction works are currently effecting parking around Ginifer station in the following stages. 
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135 spaces north-west of Elm Street Chedgey Dr S D 
will open on January 31, including = Q 
4 disability access spaces. ; 
á 4 343 car parking spaces and Clover Ave 


10 disability access spaces 
will be open on St Albans Road 
by the end of March 2017. 
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St Albans Rd 


82 spaces are currently open Willaton St 
on St Albans Road between 

Mulhall Drive and Elm Street, 
including 2 disability access spaces. 


Bond St 


These will close on January 31. 
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Clare St 


Austin St 
Cox St 
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Community corner 


Don't miss the St Albans Lunar 
New Year Festival on Sunday 
8 January 2017, 10am-10pm, 
Alfrieda Street, St Albans. 


Join the crowds at the annual 
festival, which draws more 
than 70,000 visitors to the 
area for a fun-packed day full 
of festivities, entertainment, 
rides and fantastic food! 
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Corner of Main Road East/ 
St Albans Road 


Toward the end of January, crews 
will be working during the day 
and occasionally at night to 
complete kerbing, asphalting 
and pavement works. 


No long term lane closures are 
planned as a result of these works 
but a single lane closure may be 
in place at times. 


Main Road West and East 
intersections 


Small crews will continue works 
in January and February to 
complete kerbs and footpaths, 
working after-hours at times 

to minimise disruptions. 


Vehicle and pedestrian access 
will be maintained. 
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BUILDING OUR FUTURE 


McKechnie Street upgrade 


Works will commence in February 
on the top section of McKechnie 
Street to install new kerbs, lay 
pavement and upgrade the 

road surface. 


Short term road closures will be 
in place at night. More community 
information will be sent out closer 
to the time of works. 


Furlong Road / Willaton Street 
and Furlong Road / St Albans 


Work will continue on the Furlong 
Road intersections in January 
and February to complete kerbs, 
footpaths and lighting. 


At times these works will be done 
after hours to minimise disruptions. 
Traffic management will be in 

place and any lane closures will 

be communicated in advance. 


Pedestrian access through to 
the station will be maintained. 
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